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1, REF YOUR PAR A. AS YOU ARE AWARE, ENGINE 648-203 WAS IN 

STALLED IN AIRCRAFT ON 6 SEP, BUT WAS NoT FLYABLE DUE AB NOZZLE_— @ 
Rll ENGINE 648-202 WAS INSTALLED IN PLACE OF 293'0N 26 SEP AND .—— 
THE FOLLOWING IS SUMMARY OF EVENTS TO DATEs , 

Ae STARTING PROBLENS DEVELOPED, IN THAT IGNITOR SYSTEM WOULD “ es 
NOT FUNCTION PROPERLY. THIS WAS CORRECTED BY ADJUSTING FUEL PRESSURE 
AT WHICH SYSTEM WOULD OPERATE. SUBSEQUENT STARTS OK. a 
| Be FUEL CONTROL AND AB NOZZLE INSTABILITY HAVE OCCURRED Loa at 
BUT NOT IN A REPEATABLE PATTERN. PROBLEM HAS BEEN TRANSIENT INS eal 
NATURE. HOWEVER, IT NOW APPEARS THAT THIS-EK ASILITY, IN r, 
WILL NOT PREVENT-FLIGHT OF ENGINE N20 


‘ Be IN PREPARATION FOR” FLIGHT TEST SCHEDULED FOR THIS MORNING, 


~ 
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5 OCT 62, E NE oN OPED LEAK IN L SYSTEM AYPRAEL TC PUMP AT THE 


SHAFT SE THIS ALLOWED L SYSTEM HYDRAULIC FLUID TO DRAIN INTO 
TE /GEAR BOX. ENGINE PRESENTLY BEING REMOVED IN ORDER-TO CORRECT 
a ay a Fy iii ram anaune 
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CIN 59768) PAGE TWO 
THIS PROBLEM. FLIGHT TEST STILL HOPEFUL OF FLIGHT LATE THIS WEEK 
WITH ENGINE 202. 

De THERE APPEARS TO BE SOME CONCERN ON THE PART OF P AND W 
REGARDING SUITABILITY OF PRESENT REMOTE GEAR BOX FOR FLIGHT. 

_ WHETHER OR NOT THIS WILL PRECLUDE FLIGHT LATE THIS WEEK IS Not 
KNOWN AT THIS TIME. 

Eo THERE ARE OTHER MINOR HARDWARE PROBLEMS OCCURING THAT ARE -_ 
BEING RESOLVED AS THEY OCCUR AND ARE NOT NECESSARILY, IN IN THEMSELVES, ve 
CAUSING DELAY _IN FLIGHT. a tee 

Be SINCE DECISIONS REGARD ING PROBLEMS CITED. ABOVE WILL — Yee 
SOLVED TO A LARGE DEGREE BY MR JOHNSON, URGE THAT HQ COMMENTS TO ie 
DIRECTOR ON THESE ITEMS BE COORDINATED IN ADVANCE WITH HIMe THIS 


COORD INAT ION WOULD ALSO AFFORD Ho A BETTER INSIGHT INTO OVERALL 
IMPACT OF THESE PROBLEMS ON PROGRAM THAN IS AVAILABLE AT THIS 
MOMENT AT AREA. 
3o RECAP OF J°58 RUN TIMES IN AIRCRAFT ARE. AS FOLLOWS: 

Ae 648-203, %2 HRS, 55 MINUTES. 

Be 648+262, 33 HOURS, 32 MINUTES, -OF WHICH APPROXIMATELY @5 
MINUTES WAS AB. 
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